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D010138-8 
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AFFECTS *. WSPO PROJECT |T) 

NAME OF MAJOR COMPONENT PART OR LOWEST SUBASSEMBLY 

Q-198 Sc Q-207 Kit Assess. Handle Assembly 

PART NO. 4 MODEL OR TYPE 


TITLE OF PROPOSAL : 


Emergency Oxygen Release Assembly - Au tone tic & Manual 

NATURE OF PROPOSAL: 

Furnish new handle assembly (green apple) with button type fastener for attaching 
to cable housing. Reft Firewall Service Bulletin No. 6. 

NOTEi LAC does not concur in the need for this change. To our knowledge there 
has never been an oocasion when the condition stated under "Purpose 0 has 
occurred. If the change is approved, it will be issued as an LAC 
Bulletin, not as a Fi revel Bulletin. 


REASON FOR PROPOSAL *. 

To provide for retention of handle assembly to cable housing, thus preventing the 
possibility of handle being accidently pulled during handling, thereby exhausting 
the emergency oxygen supply. 


ES 
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ESTIMATED COST AND TIME INVOLVED 
ADDITIONAL FUNDING REQUIRED : - 


ESTIMATED COST FOR KITS OR PARTS ’ $5.00 ea. 
ADDITIONAL FUNDING REQUIRED : None (SP-1917) 
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